1620                                   UNIT   CONSTRUCTION*   COSTS
Account 8917 -Temporary Crushing Plant,
This account is indirect expense, see 8099. It covers the cost and installation of a 10-in. by 20-in. crusher, Of>-ft. bucket, elevator, rock and sand bins, shafting, belts, pulleys and motors.
Account 8918—Temporary Water Tanks.
This account is indirect expense, see account S999. It covers several small tanks erected for use at the temporary earnp site, as well as a large general supply, wooden tank.
Account 8919 —Temporary Electrical Shop Equipment. This account is indirect expense, see S099.    It covers a temporary shop equipment.
Account 8920—Wagon Roads.
This account is indirect expense. It covers the building of many roads and trails required during the construction period.
Account 8921......--Temporary Pumping Plant.
This account in indirect expense. It covers a timbered shaft, pump, and pipe line.
Account 8922—Temporary Pipe Lines. This account is indirect expense*    It covers the cost of all temporary
water and air lines laid during the construction period.
Account 8923 ^Temporary Warehouse.
This account is indirect expense.    It covers the cost of the temporary
warehouse and equipment.
Account 8924—Temporary Cement Sheds.
This account IB indirect exptmiN*, HIH* XftlMK    It rovurn the etwt of
corrugated iron Hhedn for storing cement,
Account 8926—-Horses, Harness tad C&rts,
This is indirect expense, see 891111, This cover* the cost of some carts, work harncHH, and the purchuw priro of nit ntuuml killed during construction.
Account 8926—Temporary Office, This account in indirect <?xpcnst% HW KIMtlK    ThU rovers the cost of
the construction office,
Account 8927—Temporary Lavatories, Thin account m indirect expense, ««»<• HiMHK
Account 8928—Temporary Machine Shop* ThU account is indirect oxpcmm?, mw KffiMI,    This rovers the cost of
temporary machine* shop,ed during construction.
